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Office Memorandum • united states government 


to : Chief of Logistics date: 28 May 1953 

from : Chief, Real Estate & Construction Division 

SUBJECT} Weekly Activity Report 
22 May to date 


FOIAb3b1 


1* General : 

a. SgaceJforJ&yHHHHHr (Continued item - 
14 May 1953) Ro change. 

b. Qwrters for Commo Personnel on (Continued 

item - 21 May 1953 ) Wo change* 


25X1 A6a 

25X1A6a 


c. Preparation of Agency Regulations :- Continued progress. 

d. Eight additional dependent houses foi^BW WBBMMM 

( 1 ) Gost-plus-fixed-fee contract through 
to be terminated 31 May* 


25X1A7b 

25X1 C4c 


(2) Meeting scheduled this date with contractor* s 
representative with a view toward negotiating 
a lump sum bid for completion of work. 

( 3 ) making all arrangements through the Comptroller 
^^^rave funds now in other accounts available for 

use of lump sum contract. 


2. Projects and Studies in Process ; 


25X1 A2g 


a. Construction & Utilities: 



Project (Commo):-. Construction progress 

continuing, approximately 13 % complete. 


(a), (b), and (c) - continued items - 21 May 
no change. 


25X1A2g 

( 2 ) 

FOIAb3b1 

^( 3 ) 


<9 


Project 

item - 23 April) Wo change. 


(Continued 



(a) Contract with low bidder being prepared 
for signature. 


(b) Bids for antennas and power installations 
scheduled for opening on 11 June 1953. 
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25X1 A2g 

S' \ 

25X1 A2g 

(5) 

25X1 A2g 

(6) 

25X1A2g 

(7) 

25X1 A6a 

^ (3) 


25X1 A6a 
25X1 A6a 


Project (Training)!- Representative of 

the Construction Engineering Br» returned from 
site yesterday. Report containing construction 
estimate is being prepared for discussion tomorrow. 

Project (WE Supply Base);- (Continued 

item - 14 May) No change. 

Project (Training);- (Continued item - 

30 April andi7 May) No change. 


Project 
21 May) 



(Coiomo);- (Continued item - 


Commo;- 


(a) 


Survey of Water Supply System, 

We have been informed that this^sstima^r 
has been referred to the AD/C0 for review 
and comment. 


(b) Surv ey of electrical systems, 

Mfc& - Estimate was referred to AD/C0. It i 3 

und erstood th at concurrence is being given 
lor and suggestions or c omments 

will be submitted on proposal for^mim 

(c) Gommo Laboratory;- Proposed location is at 


25X1 A6a 


25X1 A6a 


25X1 A6a 


25X1A6a 


Review of estimate as submitted by Office 
of Commo for PRC prepared fox* DD/A. 


25X1 A6a Keet^ig with Architect-Engineer representative 

at^^Jheld for discussion of requirements and 
review of available architectural drawings. 

Formal A-E contract forwarded 

for execution 25X1 A6a 


Verbal notification received this date that 
project has been approved and funds are 
available. 


Schedule; 19 May to 9 June preparation of plans 
and specifications. 10 June to 2/ June period for 
bidding. 25 to 30 June review of bids and contract 
award (F5f 53 funds). 


SECRET 

Approved For Release 2001/05/10 : ClA-RDPT^ftJSg.ljADOOIOOOSOOOO-e 


E</r! 





































Approved For Release 20QJ/05/10 : CIA-KBPWQ3991A0001 00050009-6 

Security Information 


3. Other items of interest : Done. 

4. Special Problems: 


CONflPENTM 


* 'ar~ In view of the numerous projects in progress and the many 

* tr^ps involved which require Travel Orders, it is recommended 
&t&et . Btflnket Domestic Travel Orders, as required, be authorized 


jfi. 


25X1 C4a 






25X1 A9a 



4// 

Jr 
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